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CONFIDENTIAL 


CORmCTOR _ 
WORK ORDER NO. 


25X1 


2 CHANGE ORDER NO. 

ISSUE DATE 30 Jaimary I 958 CRASH 


JOB TITLE 


PRIORITy NO. 


PREMIUM PAY 


25X1 


REQUESTED COMPLETION DATE 


TOTAL COST $5589*96 
OR 


CCIfTRACTORS ESTIMATED COMPLETION DATE 90 days afU r raaatnt of tf.n. 


L ORK DESCRIPTION: 


This W.O. pro-rldaa for tba nodlfiaatlon a&d eleetrloal iMasuroMiit of a 50-l«00 dlsoo 
aatonaa fuznlated l»y th* ooatrmetiAg orsanlcation. InatruetloiiB to tha oontraetor 
appoar on tha Attaohaants. 
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Tha aasoolatlon of this wrk and aqmpBSBt with this eontraet ond/or tha eontraetlna 
orsuilsatlon Is Claaslfiad SECRET. ^ ^ 


EQUIPMENT SECURITY CLASSIFICATION UBCOyLBSIFIED 
C0BTRACT0R*S ACCEfTANCE: 
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C 


VOX^uaLurv,! 


25X1 
25X1 i 


"~^kTR COMPLETED 


WORK ASSIGNED BY 


BY: PHONE 


VISIT 


WRITTEN TASK 


REQUESTING DIVISION APPROVAL _ 

* EHbIHEERING DIVISION APPROVAL 
CONTACT FOR REQUESTING DIVISION 
COGNIZANT COMPANY CONTACTS: TECHNICAL 


PHONE 



m 

I' Mii 

bM lUtt 

mi 


MV B«tt ifiATIVE J 

% in .S fa... — tym S ' ^ 


IIV lUU 


Bin uv aftliL- Asnii m IM 


BLDG. & ROOM 
IRCNE 


BLDG. ‘A ROOM 


NOTICE 



' " ■mu mMsrIal conJafns bformatfon sffertins ths national defense of the United dales 

wifliiB the aicaninj of J' e s-pioaate iswj, TilU 11 , LIO, ieci. 7 SS attd the trAismttles 

er revsiatiea ef whioh in aay maaner^D aa iiBaathorixed paaea iS'Crebibitsd by lask I 

SECF(ET confidential j 

Declassified in Part - Sanitized Copy Approved for Release 2012/02/16 : CIA-RDP78-03424A000800030006-6 ... . J 








L 


Declassified in Part 


Sanitized Copy Approved for Release 2012/02/16 


r: 


WORK DBSCBIPTIOH CONTINUED 


SEC 




CIA-RDP78-03424A000800030006-6 
WORp-«^finEH NO./ • 2 

confidential 




1. Fabricate five top plates and cut the five aodlfled dlseone 
aatennaa as shown on the attached dravlag. 

2. Reassesible one antenna and nake the following far field test 

■sasureasnts: 

a) E and H plane pattern Masursaents at 50, 75, 100. 

150, 190, 250, 350, and 500 nc points. 

b) Gain asasurenents nlatlve to a dipole at the points 
shown In (a). 

3. Disassemble the antenna asasursd and pack the five antennas In 
shipping boxes. Each antenna will raqulre two plywood boxes 
not to exceed external dlasnalons of 18" x x 6". 

all hardware and a set of asseiisly and disassembly Inatruetlons 
with each antenna. Number the boxes In pairs, No« 21 throng 
25* Do not seal the box covers, use astal strapping or 
cord for shipping to the contracting organisation. 

^ . Deliverable Items 



Five antennas cut amd boxed. 

One reproducible and three copies of Test^Qata* 

One reproducible and five copies of Assembly and 
Dlsasseid>ly Instruetloos (Five copies to be packed 
with antennas). 
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CONFIDENTIAL 


MODIFIED DISCONE ANTENNA 
CUTTING INSTRUCTIONS 


1. Disassemble antenna and cut sections to dimensions shovn below. 

?. Cut supporting sections of wire mesh to permit bending of mesh for packing. 

3. Fabricate straps for reassembly of the antenna. 

li. -supply 1A''.^NF round head machine screws and lock washers. 



